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Davenport, Iowa 
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Mr. Frank Ewoldt 
Eldridge, Iowa 
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Dear Mr. Ewoldt: 

Enclosed is your estimate of what it will cost to do the 
proposed work on the building to be occupied by the Scott 
County Library. It is quite all right for you to go ahead 
with the work at the figure quoted - $422.17. That is to 
Include everything but the stripping for the shelving. 

I know that you want to get the job finished up as soon as 
possible. However, as we said in talking this morning, the 
shelves can't be put up until the place is painted, and the 
place can't be painted until the lighting fixtures are hung. 
So there we are - the fixtures have not arrived in Eldridge 
yet - or hadn't when I left there this morning. I am 
wondering, though, if you couldn’t go ahead and build them 
and leave them standing away from the walls, and when the 
place is painted, and the shelves have been varnished Mr. 

Bird can set them to the walls and fasten them. Of course, 
jf/e ' 11 be taking a chance of having paint dripoed on them 
while the ceiling is been done, but that's a chance we'll 
have to take in order to save time, I believe. 

I note in rereading the above that it could be assumed that 
I understand the estimate coveres the finished shelving. I 
understand that your quotation does not include the sanding 
and varnishing. 

I will be out again on Monday morning at 8:30, so if you have 
any questions we can talk them over then. 

Yoursvery truly, 


Elizabeth B. Hage 
Librarian 

Scott County Library 


